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AMENDMENT OF SOLiCITATSON/MODIFICATION OF CONTRACT 


1. CONTRACT ID CODE 


2. AMENDMENT/MODIFICATION no. 

P00007 


3. EFFECTIVE DATE 

2/1/93 


4. REQUISITION/PURCHASE REQ. NO. 

DP4/0012Z/93 



5. PROJECT NO. (If applicable) 


6, ISSUED BY 


SGI J 


CODE 

Virginia Contracting Activity 

P.O. Box 46563 

Washington, D.C. 20050-6563 


HHQ402 


7. ADMINISTERED BY (If other than Item 6) 

DCMAO . 

7675 Dagget Street 

Suite 200 - 300 

San Diego, CA 92111-2241 


CODE 


053 (202) 373-2825 


8. NAME AND ADDRESS OF CONTRACTOR (No,, street, county, State and ZIP Code) Vender IDet8C8025g8grap| h AMENDMENT OF SOLICITATION NO. 

Science Applications International Corp. 

10260 Campus Point Drive 


San Diego, CA 


92121 

C/O 


SAIC 

Defense Technology Group 
1710 Goodridge Drive, MS 2-6-2 
McLean, VA 22102 


CODE 


52302 


FACILITY CODE 


9B. DATED (SEE ITEM 11) 


10A. MODIFICATION OF CONTRACT/ORDER NO. 

MDA908-91-C-0037 


10B. DATED (SEE ITEM 13) 

02/01/91 


11. THIS ITEM ONLY APPLIES TO AMENDMENTS OF SOLICITATIONS 


□ The above numbered solicitation is amended as set forth in Item 14. The hour and date specified for receipt of Offers □ is extended, □ is not extended. 
Offers must acknowledge receipt of this amendment prior to the hour and date specified in the solicitation or as amended, by one of the following methods: 

(a) By completing Items 8 and 15, and returning copies of the amendment; (b) By acknowledging receipt of this amendment on each copy £ the offer 
submitted; or (c) By separate letter or telegram wfficFTncludes a reference to the solicitation and ' ™£rent numte^ 

MENT TO BE RECEIVED AT THE PLACE DESIGNATED FOR THE RECEIPT OF OFFERS PRIOR TO THE HOUR AND DATE SPECIFIED MAY RESULT 
IN REJECTION OF YOUR OFFER. If by virtue of this amendment you desire to change an offer already submitted, such change may be made by telegram or 
letter, provided each telegram or letter makes reference to the solicitation and this amendment, and is received prior to the opening hour and date specified. 


12 , ACCOUNTING AND APPROPRIATION DATA (If required) 




13. THIS ITEM APPLIES ONLY TO MODIFICATIONS OF CONTRACTS/ORDERS, 
IT MODIFIES THE CONTRACT/ORDER NO. AS DESCRIBED IN ITEM 14. 


(X) 


A. THIS CHANGE ORDER IS ISSUED PURSUANT TO: (Specify authority) THE CHANGES SET FORTH IN ITEM 14 ARE MADE IN THE CONTRACT ORDER NO. IN ITEM 10A. 


B. THE ABOVE NUMBERED CONTRACT/ORDER IS MODIFIEDTO REFLECTTHE ADMINISTRATIVE CHANGES (such as changes in paying office, appropriation date, etc.) 
SET FORTH IN ITEM 14. PURSUANTTOTHE AUTHORITY OF FAR 43.103 (b). 


C. THIS SUPPLEMENTAL AGREEMENT IS ENTERED INTO PURSUANT TO AUTHORITY OF: 

Changes Clause (FAR 52.243-2 V) 


D. OTHER (Specify type of modification and authority) 


E. IMPORTANT: Contractor □ is not, 0 I s required to sign this document and return 2 copies to the issuing office. 

14. DESCRIPTION OF AMENDMENT/MODIFICATION (Organized by UCF section headings, Including solicitation/contract subject matter where feasible.) 

The purpose of this modification is to make changes to the Statement of 
Work dated 3 Jul 92 incorporated into the contract as Attachment No. 2 
to Modification No. P00002 dated 17 Jul 92. The changes are made as 
follows: 


1. Modificaton No. P00002, Attachment No. 2, Statement of Work dated 17 
Jul 92: SG1J 

Except as provided herein, all terms and conditions of the document referenced in Item SA or 10A, as heretofore changed, remains unchanged and in full force and 


TR ACTING OFFICER (Type or print) 

SGFOIA& 



NSN 7640-01-152- 
PREVIOUS EDITIOhTUNUSABLE 


30-105 


Approved For Release 2000/08/08 : CIA-RDP96-00789R003000370002-7 


Prescribed by GSA 
FAR (48 CFR) 53.243 


16C. DATE SIGNED 


J/&/9J 

(REV. 10-83) 








